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memorandum for the record 


SUBJECT: M ovable Shelving Project, [ . Q _. 

progress Meeting 30 Ju ne 1971 

25X1 A6a — — “ 


25X1 A6a 


25X1 A5a1 


1. Attendants: 


25X1 A5a1 


25X1 A5a1 



25X1 A9a 


25X1 C4e Mr 


25X1 A9a Mr 


25X1 A 


Deputy Chief, Records Center 


Security Records Center 


Engineering Brandi Engineer 


2. Discussion: 


a Concrete Work: The concrete has to be bonded and finished to 
a tolerance of 1/8 in. 'in 10 ft. The contractor recognizes that work 
already accomplished is out of tolerance and unsatisfactory. The metho 
of correcting the first two bays to customer satisfaction is discussed m 
para 2c. below. The contractor pointed out that considerable time is 
required to cure lightweight concrete (20 days). Due to the short time 
frame for completion of each bay. he attempted to speed up the curing by 
using a 'dry pour." This resulted in poor finish and the level being out 
of tolerance. It was pointed out by the contractor that the existing 
floor is very uneven and varies up to 3 in. causin g additional time for 
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SUBJECT: M ovable Shelving Project, 

25X1 A6a Progress Meeting 30 June 1971 


25X1 A9 


25X1 A9a 



25X1 A6a 


25X1 A5a1 



resolved. Provision of a suitable metal channel would undoubtedly 
provide a better installation but will require a change order to the 
contract. 

e. Anti-tilt Device : The present installation in accordance with 
plans and specifications takes up 3 cu. ft. of useable storage space, 

A better solution has been devised, and a change order will be issued 
to have this corrected. 

f* Safety Device: The installation of both ankle and waist safety 
devices on the same side will be corrected on shelving already installed 
and will be installed correctly on the remainder of the contract. 

Project Supervision: Mr stated that he had taken 25X1 A5a1 
steps to improve supervision of hi^ner^tna provide better quality 
contro l. 1 25X1 A9a 

Pr o| e c.tJpi|i c wojlld. vl^t tiTe^site about twice weekly. ] 

3. Project Schedule: 

The first two bays are to have the metal channel installed and 
concrete work corrected during the week of 6 July. The first two bays 
should be ready for testing during the week of 12 July. The floor in 
the third bay is being cleaned, and the rails will be scribed in place 
next week. Concrete in the third bay is scheduled to be poured on 9 
July. The next onsit^neeting is scheduled for 1030, 7 July. At the 
next meeting Mr.^^^^Bwill have a revised set of floor plans available. 


25X1 A5a1 


SIGNED 


25X1 A9a 



roject Engineer 
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